ROBBINS LIBRARY EXTERIOR ENVELOPE REPAIRS 
BID NO. 18-16 

ARLINGTON, MASSACHUSETTS 
CBI JOB NO.: 17152 


CBI Consulting, LLC 
Boston, Massachusetts 
Tel: (617) 268-8977 
Fax: (617)464-2971 


ADDENDUM NO. 2 


DATE: July 17, 2018 


Project: ROBBINS LIBRARY 

EXTERIOR ENVELOPE REPAIRS 
700 MASSACHUSETTS AVENUE 
TOWN OF ARLINGTON, MASSACHUSETTS, 

BID NO. 18-16 
CBI JOB NO.: 17152 

In accordance with documents prepared by: CBI Consulting LLC (CBI) 

TO: ALL PLANHOLDERS-BIDDERS-PROPOSERS-CONTRACTORS 

This Addendum No. 2 forms part of and modifies the Construction Documents dated July 5, 2018. 
Acknowledge receipt of this Addendum in the space provided on the FORM FOR GENERAL BID. Failure 
to do so may subject the bidder to disqualification. 

The attention of bidders submitting bids for the above subject project is called to the following addendum 
to the specifications and drawings. The items set forth herein, whether of omission, addition, substitution, 
or clarifications are all to be included in and form a part of the bid submitted. 

This Addendum consists of ITEM(S) 1 which are hereby incorporated into the Bidding Documents: 


BIDDER QUESTIONS: 

ITEM NO. 1: 


2.1 QUESTION...Do the unit prices get added to the base bid sum? Or are they to be left out of the 

base bid? 

ANSWER...The Unit Prices along with the listed quantities are to be included in the 
Base Bid. 


FAILURE TO ACKNOWLEDGE THIS ADDENDUM ON YOUR BID FORMS 
MAY BE CAUSE FOR BID REJECTION. 
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